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Message Text 



UNCLASSIFIED 

PAGE 01 PRAGUE 01925 151508Z 
51 

ACTION FBO-01 

INFO OCT-01 EUR-06 ADP-00 /008 W 

093390 

R 151500Z AUG 73 
FM AMEMBASSY PRAGUE 
TO SECSTATE WASHDC 491 1 
INFO AMEMBASSY VIENNA 

UNCLAS PRAGUE 1925 

E.O. 11652: N/A 
TAGS: ABLD, AFSP, CZ 

SUBJECT: RENOVATION OF CONSULATE BUILDING, BRATISLAVA 

1. EMBASSY HAS RECEIVED ESTIMATE FOR BRATISLAVA 
CONSTRUCTION ENTERPRISE OF $230,000.00 FOR COMPLETE 
RENOVATION INCLUDING ELECTRICAL, PLUMBING AND HEATING, AS 
DISCUSSED WITH FBO-B ALLARD DURING VISIT TO BRATISLAVA 

IN MAY 1973. SEPARATE ESTIMATES FOR ELECTRICAL WORK FROM 
LANG, VIENNA, AND FOR PLUMBING AND HEATING WORK FROM 
THIERGAERTNER AND STOEHR, VIENNA, ARE EXPECTED SOON. WE 
PRESUME FBO REQUESTING FY-74, FUNDING FOR RENOVATION. 

2. UNLESS AND UNTIL EMBASSY ASSIGNED GSO, AS REQUESTED, 

IN ADDITION TO PRESENT GSO/TSO OUR SUPPORT OF BRATISLAVA 
RENOVATION MUST BE LIMITED TO PERIODIC BRIEF TRIPS 
THERE TO SPOT CHECK PROGRESS OF WORK. WE PRESUME FBO 

IS MAKING ARRANGMENTS TO PROVIDE SUPERVISION AND TO 
BEGIN WORK IN THE NEAR FUTURE IF POST IS TO OPEN IN 
EARLY FY75. 

WORTZEL 
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